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BILL NO. S-81-0 7-^7jf'" _ 


m-y! 


SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Addendum 
Number 4 in connection with the 
Combined Sewer Overflow for the 
City of Fort Wayne. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Addendum Number 4 to Reid, Ouebe, Allison, 
Wilcox and Associates, Inc. in connection with the Combined 
Sewer Overflow, for: 


an intensified effort to calibrate the 
Combined Sewer Overflow computer Model 
so that the City of Fort Wayne could 
justify to the U.S. EPA the Lakeside 
Interceptor Project, 


in the amount of $31,177.00, as set out in the specifications, 
which are on file in the Office of the Board of Public Works 
and are by reference incorporated herein and made a part hereof, 
be and the same is in all things ratified, confirmed and ap¬ 
proved. 

SECTION 2. That this Ordinance shall be effective upon 
passage and approval by the Mavor. 



APPROVED AS TO FORM AND 
LEGALITY JULY 10, 1981. 












Read 

seconded by 
by title and' 


£st time in. full and on motion by 
and duly-adopti 


"erred to the Committee 
Plan Commission for recommenda_fcierr)— and- 
due legal notice, at the Gouncil Chambers, 
Indiana, on_, the 



re^d^the second time 

_(andvthe City 

ring to be hej^z after 


ATS: ~7 " 


19 


City-CountyBuildungi Fort Wayne, 
—4 _„_£ay of 

Z ,4 


CHARLES W. WESTERMAN 


Read the third 

seconded by_ 

passage. PASSED 


CITY CLERK 

f“«=, in full and on motion by 

_<■ and duly adopted, placed on its 

(L3SEFT by the following vote: 


• ti3e 

: 


ABSTAINED 


TOTAL VOTES 

3URNS 
ElS3ART 
GiaQUINTA 

NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

5CSOMBURG 

SUER 

TALARICO 




7^'* I ' 


CHARLES W. WESTERMAN - CITY CLERK 
Passed and adopted by the Common Council of the City of Fort. Wayne, 

Indiana, as {-ZO NING —MAP-)-(GENERAL)-(ANNEXATION) / 

ORDINANCE 1 (RESOLUTION-) No 
day of - l } 


(SPECIAL) 


_day of 
ATTEST: 


19 cf'/ 


/i t / / ATT EST: 

Cu ■ 



PRESIDING OFFICER 


CHARLES W. WESTERMAN - CITY CLERK 

Presented by me to the Mayo£)of the City of Fort Wayne, Indiana, on 
Q? / -t ^_day of _, 19 


the 


/ :*t) 


o'clock 



at the hour of 


M. ,E.S*.T. 


Approved and signed by me this 
19_ at the hour of_ } \ o ' clock 


CHARLES W. WESTERMAN 

2u£l 


CITY CLERK 
_day of (XoPUjjyV 




WINFIELD C. MOSES, JR. 

MAYOR 





















































































S-81-07-25 


REPORT OF THE COMMITTEE ON 


CITY UTILITIES 


WE, YOUR COMMITTEE QN City Utilities 


TO WHOM WAS REFERRED AN 


wsfCE approving Addendum Number 4 in connection with the 
Combined Sewer Overflow for the City of Fort Wayne \ 


t 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 




























Memorandum 


To 


Board of Public Works 


Date June 17, 1981 


C. Duane Embury, Chief Water Pollution Control Engineer 


Subiect Combined. Sewer Overflow Prnjprt AHHpnHum Nn. 3 and Nn. 4 



COPIES TO: 


The attached addendum No. 3 and No. 4 forjReid, Quebe, Allison, Wilcox 
and Associates, Inc., have been reitiewed' and appears to be in order 


for execution by the Board. 

Addendum No. 3 is an increase in the amount of $47,461.00 because of a 
change of scope in the amount of work to be completed. 

Addendum No. 4 is an increase in the amount of $31,177.00 because of 
a change of scope in the amount of work to be completed. 



C. D. Embury, P.E. 

Chief Water Pollution Control Engineer 


CDE:TP:bp 


attachment (2) 
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ADDENDUM NO. 4 

TO THE ENGINEERING AGREEMENT OF 
REID, QUEBE, ALLISON, WILCOX & ASSOCIATES, INC 
AND THE CITY OF FORT WAYNE 



WHEREAS, the consulting engineering firm of Reid, Quebe, Allison, Wilcox 
& Associates, Inc., hereinafter called the "Engineer," has been retained by 
the City of Fort Wayne, Indiana, hereinafter called the "Owner," under an 
Agreement dated June 25, 1979, and amended by Addenda No. 1, 2, and 3; and 

WHEREAS, the Owner directed the Engineer, by letter of July 31, 1980, to 
provide services not included in the Agreement, as amended; and 

WHEREAS, the Owner desires the Agreement to be modified to include these 
services and the Engineer's compensation therefor; 

NOW THEREFORE, the Owner and the Engineer do mutually agree that the 
Agreement, as amended, is hereby modified as hereinafter set forth. 


SECTION 1 
SCOPE OF WORK 


1.1 The services required of the Engineer pursuant to the Agreement, as 
amended, shall remain in effect and shall not be changed by this 
Addendum. This Addendum provides for additional services to be provided 
by the Engineer. 

1.2 The Engineer shall, as directed by the Owner, provide additional 
services to intensify his effort to satisfactorily calibrate the 
computer river model, as described in the amended Agreement, within such 
time deadlines as requested by the Owner. These additional services 
shall include the gathering and processing of data, the rental of data 
gathering equipment and the subcontracting of computer services, all as 
deemed necessary by the Engineer. 


SECTION 2 

PAYMENTS TO THE ENGINEER 


2.1 The compensation identified.in the Agreement, as amended, as allowable 
for "Professional Services" and for "Reimbursables" shall be considered 
as one total amount available for reimbursement of allowable costs in 
either category. 

2.2 Due to the increased scope of work required by this Addendum, the 
maximum amounts payable to the Engineer for services provided shall be 
increased according to the following schedule: 


Addendum No. 4 
RQAW - FT. Wayne 
Page 1 of 2 


06.16.81-0310A-6685a 


Basic Agreement 

plus Addenda 1, 2, & 3 Addendum 4 Total 


Professional Services 
not including Fixed 
Fee 

Fixed Fee 
Total 


311,696.00 

43,889.00 

355,585.00 


27,110.00 

4,067.00 

31,177.00 


338,806.00 

47,956.00 

386,762.00 


IN WITNESS THEREOF, the parties hereto have executed this Addendum No. 4 
on the day of „ / r ,^ c 1981 and set their hand below. 


ENGINEER: 

REID, QUEBE, ALLISON, WILCOX & 
ASSOCIATES, INC. 


CITY OF FORT WAYNE, INDIANA 
BOARD OF PUBLIC WORKS: 


Joffn^B. Allison, Txec. Vice President 


(g. (?/lk 


3^'Edward Doyle, JJ 7 


"^’Edward Doyle 

Secret ary-T reasurer 


Sandra E. Kennedy, Clerk v 


06.16.81-0310A-6685a 
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OST, OR PRICE SUMMARY FORMAT FOR SUBAGREEMENTS UNDER U.S. EPA GRANTS 
(See accompanying instructions before completing this form) 

Form Approved 

OMB No. 158-R0144 

• , PARTI-GENERAL 

GRANTEE 

CITY OF PORT WAYNE, INDIANA. 

2. GRANT NUMBER 

NAME OF CONTRACTOR OR SUBCONTRACTOR 

REID, QUEBE, ALLISON, WILCOX & ASSOCIATES, INC. 

A. DATE OF PROPOSAL 

June 11, 1981 

ADDRESS OF CONTRACTOR OR SUBCONTRACTOR (Include ZIP code) 

3901 INDUSTRIAL BOULEVARD 

INDIANAPOLIS, IN 46254 

6. TYPE OF SERVICE TO BE FURNISHED 

PART ll-COST SUMMARY 

. DIRECT LABOR (Specily labor categories) 

ESTI¬ 

MATED 

HOURS 

RATE 

ESTIMATED 

COST 

TOTALS 

Senior Pro]ect Engineer 

44 

S 16.35 

5 719.40 


Engineer II 

191 

9.55 

1824.05 

Technician II 

290 

5.85 

1 6QA so 

SUBTOTAL 



■ 4239795 





Estimated Technician II Overtime Costs 

119 

2.925 

348.07 

DIRECT LABOR TOTAL: 

.... '--W. 



s 4588.00 

. INDIRECT COSTS (Specify indirect cost pools) 

RATE 

* BASE = 

ESTIMATED 

COST 

sisssi 



s 4239.95 

s 5533.13 










INDIRECT COSTS TOTAL: 



- - v . - 

s 5533.00 

i. OTHER DIRECT COSTS 

ssgsssite 

a. TRAVEL- 

ESTIMATED 

COST 

(1) TRANSPORTATION 

$ 

(2) PER DIEM 

s 

TRAVEL SUBTOTAL: 

, > . 


s 

b. EOUIPMENT, MATERIALS, SUPPLIES (Specify categories) 

OTY 

COST 

ESTIMATED 

COST 


Meter Rental 


S 

s 17 ?0fi no 














EQUIPMENT SUBTOTAL: 

. 


12,206.00 


C.SUBCONTRACTS 

ESTIMATED 

COST 

EMA. Inc. I 

f-4jaaj3Q 




7-olo 07 . ; 




SUBCONTRACTS SUBTOTAL: " J ' " ‘ ; - . ■ 

s 4.783..QQ 

770.:'- 

d. OTHER (Specify cetegorles) 

ESTIMATED 

COST 

i 7 ; s- 


$ 

7 



OTHER SUBTOTAL: 



s S 

*T~' 

e. OTHER DIRECT COSTS TOTAL: 



3 ; -‘5 --•7-711' ts 

s 16,y89.uu 

0. TOTAL ESTIMATED COST 

s 27.110.00 

t. PROFIT 

5 4.067.00 

-2. TOTAL PRICE 

s 31,177.00 
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PART III .PRICE SUMMARY 



LX) YES f 1 NO (Jt "Yee" give name address end telephone number of reviewing office) 

INDIANAPOLIS DEPARTMENT OF PUBLIC WORKS 
2460 Crry-COUNTY BUILDING 
INDIANAPOLIS, IN 46204 

14b .THIS SUMMARY CONFORMS WITH THE FOLLOWING COST PRINCIPLES 

41 CFR 1-15.4 


This proposal is submitted for use in connection with and in response to ( 1 ) request for addendum 

______. This is to certify' to the best of my knowledge 

and belief that the cost and pricing data summarized herein are complete, current, and accurate as of 


( 2 ) June 11, 1981 _and that a financial management capability exists to fully and accu¬ 

rately account for the financial transactions under this project. I further certify that I understand that the 
subagreement price may be subject to downward renegotiation and/or recoupment where the above cost and 
pricing data have been determined, as a result of audit, not to have been complete, current and accurate as 
of the date above. 


(3) _ —I ( J lA 4* / b) / / 

DATE OF EXECUTION 


14. GRANTEE REVIEWER 



I certify that I have reviewed the cost/price summary set forth herein and the proposed costs/price appear 
acceptable for snbagreement award. 



TITLE OF REVIEWER 


16. ERA REVIEWER (It applicable) 
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THE CITY OF FORT WAYNE 



CITY-COUNTY BUILDING • ONE MAIN STREET • FORT WAYNE, INDIANA 46802 


board of public works 


June 22, 1981 


The Common Council 

Fort Wayne, Indiana 46802 

SUBJECT: ADDENDUM #4 FOR CONSULTANTS (ENGINEERING FIRM) IN PREPARING CSO 
STUDY FOR THE CITY FEDERAL GRANT NO. C 180775 

Gentlemen and Mrs. Schmidt: 

Addendum #4 with Reid, Quebe, Allison, Wilcox and Associates, Inc. in the 
amount of $31,177.00 on Federal Grant Number C-180775, Combined Sewer 
Overflow Project (CSO) has been approved by the Board of Public Works 
(Federal Funded Project). 

Said Addendum is required due to an excellerated effort to justify to 
the U.S. EPA the Lakeside Interceptor Project. 

In order to avoid any delay in the completion of the CSO Project, 

the Board respectfully requests a "Prior Approval" of the change order. 

Special Ordinanace for formal approval will be submitted in the near future. 

Sincerely, 


BOARD OF PUBLIC WORKS 





EQUAL OPPORTUNITY EMPLOYER 















TITLE OF ORDINANCE COMBINED SEWER OVERFLOW PROJECT ADDENDUM NO.4 


DEPARTMENT REQUESTING ORDINANC E BOARD OF PUBLIC WORKS _ ■ 

SYNOPSIS OF ORDINANC E DURING THE LAST QUARTER OF FISCAL YEAR . 1980. THE ENGINEERING FIRM . _ 

REID. QUEBE. ALLISON. WILCOX AND ASSOCIATES. INC. WAS DIRECTED TO COMPLETE AN 

__ INTENSIFIED EFFORT TO CALIBRATE THE CSO COMPUTER MODEL SO THAT THE CITY OF FORT WAYNE 

COULD JUSTIFY TO THE U.S. EPA THE LAKESIDE INTERCEPTOR PROJECT. AT THE TIME IT WAS . 

_ DETERMINED THAT THIS EXTRA EFFORT WOULD NOT EXCEED THE TOTAL PROJECT COST. NOW THE 

PROJECT COST NEEDS TO BE INCREASED. ‘ .. 

_ PRIOR APPROVAL ACQUIRED AND ATTACHED. _ " 

EFFECT OF PASSAG E COMPLETION OF THE CSO STUDY FOR THE CITY FOR THE LAKSIDE INTERCEPTOR 

FUNDED BY THE EPA. '■ ' ' ' . . 


EFFECT OF NON-PASSAGE L0SS 0F POSSIBLE FUNDING FOR THE LAKESIDE INTERCEPTOR. 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) $31,177.00 TO BE PAID FOR AS FOLLOWS: 
75% EPA, 10% STATE, 15% CITY UTILITIES. 


ASSIGNED TO COMMITTEE_ 




































